ADDENDUM NO. 1 


Alternative Program Debris Removal 
Contract 19-04 

February 20, 2019 


OWNER: 

Town of Paradise 
5555 Skyway 
Paradise, CA 95969 
(530) 872-6291 
(530) 877-5059 (fax) 

GENERAL: 

Scope: 

1. The purpose of this Addendum No. 1 is to notify Bidders of clarifications to the 
Contract Documents for the above project. This Addendum shall be attached to 
and become a part of said Contract Documents. 

2. This Addendum consists of 1 page. 

Acknowledgment: 

1. This Addendum shall be signed by the bidder, dated and submitted with the 
proposal for the project. 

CLARIFICATION IS PROVIDED AS FOLLOWS: 

QUESTION 1: Has the Town completed required asbestos site surveys for any of the project 

locations? 

ANSWER 1: No. Completion of the asbestos site surveys shall be the responsibility of the 

contractor. The contractor shall prepare their bid assuming there is no asbestos 
on these sites. In the event asbestos is discovered, the Town shall issue a 
Contract Change Order to account for the additional expenses to remediate. 


BIDDER: 


PREPARED BY: 


NAME 


TOWN OF PARADISE 


DATE 


ADDRESS 1 


ADDRESS 2 


SIGNATURE 


DATE 
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